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Message Text 


LIMITED OFFICIAL USE 

PAGE 01 LENING 00078 221439Z 

44 

ACTION OC-06 

INFO OCT-01 EUR-06 ISO-00 FBO-01 CCO-00 SY-10 OCL-00 /024 W 

048044 

R221240Z JAN 74 
FM AMCONSUL LENINGRAD 
TO SECSTATE WASHDC 235 
AMEMBASSY BONN 
AMCONSUL FRANKFURT 
AMEMBASSY LONDON 
AMEMBASSY MOSCOW 


LIMITED OFFICIAL USE LENINGRAD 0078 

E.O. 11652; N/A 

TAGS; ACOM, ASEC, ABLD 

SUBJECT; LENINGRAD CONSTRUCTION PROJECT 

DEPT EOR OC AND SY; LONDON FOR ATO; BONN FOR RCO 
FRANKFURT FOR RTC AND RSS 

1. BRICK WORK COMPLETED IN ROOM 8 JANUARY 18, 1974. 

ALL WALLS COMPLETED. 

2. TELEPHONE EQUIPMENT ON SITE AND READY FOR INSTALLATION. 

3. ELECTRICAL EQUIPMENT ORDERED FROM GBP/0 2012-300163 
ON SITE AND READY FOR INSTALLATION. GLEYSTEEN 


LIMITED OFFICIAL USE 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channei indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 JAN 1974 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: morefirh 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1974LENING00078 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: LENINGRAD 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1974/newtext/t1 97401 25/aaaaaxgb.tel 
Line Count: 44 
Locator: TEXT ON-LINE 
Office: ACTION OC 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: 

Previous Classification: LIMITED OFFICIAL USE 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: morefirh 
Review Comment: n/a 
Review Content Flags: 

Review Date: 01 MAY 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <01 MAY 2002 by martinml>; APPROVED <29 MAY 2002 by morefirh> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: LENINGRAD CONSTRUCTION PROJECT DEPT FOR OC AND SY; LONDON FOR ATO; BONN FOR RCO 
TAGS: ACOM, ASEC, ABLD 
To: STATE 
Type: TE 
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